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Federal On-Scene Coordinator and Incident Commander 

U.S. Environmental Protection Agency 
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Grosse lie, Ml 48138-1697 

RE: In the Matter of Enbridge Energy Partners, LP., etal. 
Docket No. SWA 1321-5-10-001 

Dear Mr. Kimble: 

I am writing to provide an update as to the status of Enbridge Energy, Limited 
Partnership's (Enbridge) work to implement the required dredging by the United States 
Environmental Protection Agency (U.S. EPA) in 2013. I would also wish to bring to your 
attention a recent issue that has impacted the extent of dredging work that can be 
completed during 2013 in one of the required areas. 

Summary of Dredge Preparation Status 

As you are aware, Enbridge has been working for some time to begin the dredging work 
as required by U.S. EPA's order in the identified areas upstream of the Ceresco Dam, in 
the Mill Pond in Battle Creek, and in the Delta and Morrow Lake. This work has included 
extensive planning, mobilization, and staging activities. The planned dredge will remove 
a very large volume of sediment from the bottom of the river/lake. This dredge material 
is to be pumped to shore for dewatering in an area designated as the "dredge pad" and 
will eventually be transported to an approved and secure disposal facility. One of the 
most significant logistical challenges Enbridge faces is obtaining dredge pad locations 
that are suitable for use during the dredge operations and that do not pose permitting or 
other local issues. 

Work in the Ceresco and Mill Ponds areas is moving forward and on schedule with 
dredging expected to commence soon. However, Enbridge recently has encountered an 
issue with the dredge pad site it planned to use when dredging the Delta and Morrow 
Lake area. 

Issue with Dredge Pad Access for the Delta and Morrow Lake Area 

Enbridge's preparation for dredging in the Delta and Morrow Lake area has been 
discontinued due to an unanticipated issue with securing a dredge pad site. Enbridge 
originally selected a site for the dredge pad that met all technical and practical 
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requirements and promptly applied for the appropriate permit from the Township of 
Comstock. Unfortunately, some local residents and business owners have vigorously 
opposed granting the permit. As a result, the Township of Comstock has not yet issued 
the required permit to allow use of the specific site selected for the dredge pad. In 
addition, Bell Brewery, a business adjacent to the site has initiated a lawsuit against 
Enbridge challenging Enbridge's right to use the proposed site. Enbridge has retained 
counsel in Comstock and is defending this action. Enbridge has been advised by 
counsel that resolution of the case, including available appeals, is likely to take months, 
and that Enbridge cannot guarantee a successful outcome. While Enbridge has been 
and continues to diligently look for alternative dredge pad sites in the area, a suitable 
site has yet to be identified and/or secured. Further, as you know, it is a requirement for 
Enbridge to obtain necessary permits from the Michigan Department of Environmental 
Quality prior to commencing dredge operations in the Delta and Morrow Lake area. 

In light of these recent developments, Enbridge wishes to advise the U.S. EPA that it 
does not appear possible to complete dredging in the Delta and Morrow Lake area by 
December 31 , 201 3. We request the U.S. EPA Order be amended to allow completion 
of this portion of the work in 2014. Enbridge remains committed to working through 
these issues cooperatively with both the U.S. EPA and the MDEQ. 

Please contact myself or Enbridge's Incident Commander, John Sobojinski, if you have 
any questions. 



Sincerely, 

ENBRIDGE ENERGY, LIMITED 
PARTNERSHIP 

By Enbridge Pipelines (Lakehead) L.L.C. 
Its General Partner 




Richard L. Adams 

Senior Vice President, Operations 



cc: Robert Kaplan, U.S. EPA, Region 5 (via email only) 

Karen Peaceman, U.S. EPA, Region 5 (via email only) 

William Creal, MDEQ (via email only) 

Michelle DeLong, MDEQ (via email only) 

Polly Synk, MDEQ (via email only) 

John Sobojinski, Enbridge (via email only) 

David H. Coburn, Steptoe & Johnson (via email only) 



